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Message Text 

UNCLASSIFIED 

PAGE 01 NAIROB 09455 271525Z 
ACTION SY-05 

INFO OCT-01 AF-10 ISO-OO FBOE-OO /016W 

097558 272357Z/13 

R 270700Z JUL 77 
FM AMEMBASSY NAIROBI 
TO SECSTATE WASHDC 0022 

UNCLAS NAIROBI 9455 

DEPT FOR SY/OPS/FO FROM RSO 

E.O. 11652: N/A 
TAGS: ASEC, ABLD 

SUB J : LOBBY SECURITY MODIFICATION, NEW O.B., NAIROBI 

1 . EMBASSY PROPOSAL FOR LOBBT MODIFICATION SUBMITTED TO 
SY 1/17/77. FBO REP ADVISES THAT HE IS IN PROCESS OF CON- 
TRACTING LOCAL ARCHITECT TO DESIGN OTHER, NON-SECURITY, 

BUILDING MODIFICATIONS. AT THIS TIME FBO REP AND RSO FEEL 
THAT IT WOULD BE CHEAPER AND MORE EFFICIENT TO USE THIS 
ARCHITECT TO RE-WORK CONSTRUCTION DOCUMENTS TO ACCEPT 
SECURITY CHANGES. IN ADDITION, CONSIDERABLE TIME WILL BE 
REQUIRED FOR MECHNICAL ENGINEERS TO COORDINATE REDESIGN 
OF BUILDINGS ELECTRICAL, HEATING AND VENTILATION SYSTEMS. 

THIS IN TURN IS ADDED TO A SIX MONTH TIME PERIOD NECESSARY 
FOR SHOP DRAWINGS, FBO PRODUCT APPROVAL, ORDERING OF 
MATERIALS AND DELIVERY. 

2. IN ORDER THAT EFFECTIVE COORDINATION CAN BEGIN AT THIS 
END AND TO PRECLUDE EXPENSIVE AND UNNECESSARY REDESIGN 
AND DELAY, REQUEST YOU ADVISE ASAP YOUR CONCURRENCE 
WITH RSO PROPOSAL OR SUBMISSION OF ALTERNATE PLAN AS 
PROPOSED BY SY. 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 -Jan-1 994 12:00:00 am 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Sent Date: 27-Jul-1977 12:00:00 am 
Decaption Date: 01 -Jan-1 960 12:00:00 am 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 -Jan-1 960 12:00:00 am 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1977NAIROB09455 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Expiration: 

Film Number: D770269-0784 
Format: TEL 
From: NAIROBI 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1977/newtext/t1 977071 4/aaaaalss.tel 

Line Count: 46 
Litigation Code IDs: 

Litigation Codes: 

Litigation History: 

Locator: TEXT ON-LINE, ON MICROFILM 
Message ID: ea11f762-c288-dd11-92da-001cc4696bcc 
Office: ACTION SY 

Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 1 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: n/a 
Retention: 0 

Review Action: RELEASED, APPROVED 
Review Content Flags: 

Review Date: 09-Dec-2004 12:00:00 am 
Review Event: 

Review Exemptions: n/a 
Review Media Identifier: 

Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
SAS ID: 1735024 
Secure: OPEN 
Status: NATIVE 

Subject: LOBBY SECURITY MODIFICATION. NEW O.B., NAIROBI 
TAGS: ASEC, ABLD 
To: STATE 
Type: TE 

vdkvgwkey: odbc://SAS/SAS.dbo.SAS_Docs/ea11f762-c288-dd11-92da-001cc4696bcc 
Review Markings: 
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